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BILL NO. S-76-09- /t 


SPECIAL ORDINANCE NO. 




AN ORDINANCE approving a contract 
with Dailey Asphalt Products Co., 
Inc., for construction of the 
Foellinger Theater Parking Lot in 
Franke Park. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 


FORT WAYNE, INDIANA: 

SECTION 1. That the contract dated August 30, 1976 

between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works and Dailey Asphalt Products Co., Inc., for: 

Construction of the Foellinger Theater Parking 

Lot in Franke Park and known as Improvement 

Resolution 5720-1976. 

for a total cost of $65,865.51, of which the Park Department 
shall pay from their approved Revenue Sharing, all as more part¬ 
icularly set forth in said contract which is on file in the Office 
of the Board of Public Works and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force 


and effect from and after its passage and approval by the Mayor. 

















Read the first time in full and on motion by , seconded by 

' and duly adopted ,* read the second time by title and referred 

to the Committee on (and , TKe~T?ity-p^^ for 


•recommendation) and Public Hearing to be held after due legal notIeiT~aTT^'Council 
Chambers, City^County Building, Fort Wayne, Indiana,~~on"~~~~^^ day 


oF~ 


1976, at 


_ o'clock P.M. ,E.S.T. 




Read the third time in full and on motion by 


seconded by 

r'vCA-v 

PASSED C 

) by the 


AYES 

TOTAL VOTES 

m 

BURNS 

X 

HINGA 

X 

HUNTER 

V 

MOSES X 

NUCKOLS 

V 

SCHMIDT, D. 

X 

SCHIMDT, V. 

X 

STIER 

TALARICO 

- 4 ^ 


and duly adopted, placed on its passage. 




date: C 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

f SPECIAL) C A-PRR-OP-RIA.T-.IO) 

1976. 


ORDINANCE T RESefcGTieN-) No ^^/^Vjgo n the j>^Xd ay of. 
j^TTEST: ( SEAL) T ) 



‘ 


ING OFFfCEK^^2r 


CITY CLERK" 

4 v ‘ K % t * tr 

I ' Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the ^ 

v 1^1 

day o£ ■yy ■>£ 




CITY CLERK 


clock 2y M . ,E.S.T. 


Approved and signed by me this 
at the hour of /. 0 _o'clock 


_Z^_ da Y of 


, 1976, 





































































































Bill No, 


S-76-09-18 


We, 


REPORT OF THE COMMITTEE. ON PUBLIC WORKS 

your Committee on Public Works __ to whom was referred an Ordinance 

approving a contract with Dailey Asphalt Products Co.., Inc., for 

construction of the Foellinger Theater Parking Lot in Franke Park 


have had said Ordinance under consideration and beg leave to report back to the Common 



DATE. 




^ CONCURRED IN 






































THE CITY OF FORT WAYNE 

board of public works 
city-county building 
one main street 
fort wayne, indiana 46802 


July 28, 1976 


The Common Council 
Fort Wayne, Indiana 

Gentlemen and Mrs. Schmidt: 

Pursuant to Councilmanic approval of Revenue Sharing Funds for Park 
Board Capital Improvements, among which is the parking lot for the 
Foellinger Theater, the Board of Works has engineered and received 
bids on the project. Dailey Asphalt Products Company, Inc. was 
awarded the contract in the amount of $65,865.51. (See attached bid 
tabulation) 

Considering the urgency for completing as much of the work as possible 
before the opening show on August 12, the Board respectfully requests 
a "Prior Approval" of the contract. 

A Special Ordinance will be submitted for formal approval August 10, 
1976. 


/eis 

Attachment 


Sincerely, 




AN EQUAL OPPORTUNITY EMPLOYER 
















PROJECT p -in tw P , bid analysis sheet 

rlAUJLL. I Parking tot for Foelllnger Theater In Franks Por k 


DATE July 21. 1975 . RES. NO. .57 ?Q-i??6 MATERIAL FORT WAYNE INDIANA 


CONTRACTORS 


0 Y 

<?* 

Rieth-Rlley 

Dailey Asphalt 

Brooks Construction 

Mipskind Asphalt Corp. 




STREETS ALLEYS—SIDEWALKS 

QUAN UNIT MATERIAL 


UNIT 

am. 

TOTAL 

BID 

UNIT 
BID . 

TOTAL 
.BID . 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

. BiP. . 

TOTAL 
....BID.. 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTA 

...BID. 


L.S. 

Excavate, scarify, r.rade and 


8,000.00 


3,381.00 


b, 520.00 


b.805.75 


6.000.00 


lO f OOQ.OO ■ 







compact subgrado 


















L.S. 

Construction Engineering 


5,000.00 


975.00 




2.000.00' 


q f S00.00. 


aon nn 





16,091 

Sq.Yd. 

6" Water Macadam Base 

1.50 

2it.136.50 

1.75 

28,159.25 

1.75 

28,159.25 

1.80 

28,963.80 

1.75 

28,159.25 

1.65 

26,550.15 







(including Weed Killer) 

















16,091 

Sq.Yd. 

Double Chip & Seal 

1.30 

20,918.30 

.85 

13,677.35 

1.16 

18,665.56 

1.08 

17,378.28 

.96 

I5.bb7.36 

• 9b 

15.125.5b 






Fnrli 

Cast Adjusted to tirade 

80.00 

1,600.00 

70.2lt 

1,bob.80 

75.00 

1,500.00 

125.00 

2,500.00 

175.00 

3,500.00 

100.00 

g 3000.00 





35 

Ton 

6" Hot Asphalt 53B 

25.00 

875.00 

25.91 

906.85 

19.50 

682.50 

35.00 

1,225.00 

30.00 

1,050.00 

20.00 

700.00 





10 

L.F. 

12” CMP 

12.00 

120.00 

lb. 25 

1U2.50 

8.00 

80.00 

20.00 

200.00 

20.00 

200.00 

10.00 

100.00 





19 

Ton 

Hot Asphalt Surface 

25.00 

L75.OO 

25.68 

b87.92 

20.00 

380.00 

35.00 

665.00 

30.00 

570.00 

25.00 

I175.OO 





1,875 

Sq.Ft. 

Curbfacc Walk 

2.02 

3,787.50 

2.57 

b,818.75 

l.bO 

2,625.00 

1.85 

3,b68.75 

1.65 

3,093.75 

2.25 

b,218.75 






























53,953-b2 


57,112.31 


61,206.58 


61,520.36 


59,669-bb 







ALTERNATE 
















' 

2,738 

Sq.Ft. 

Guruface Walk 

2.10 

5.750.00 

2.57 

7.076.66 

i.bo 

3.833.20 

1.85 

7 067.70 

1.67 

h 717 70 

2 27 

6,160.50 





bio 


7'Precnnt. Concrete Pumper 1 

21.00 

8.61.0.00 

2b. 63 

1.0.008.70 

12.00 

H.920.00 

16.70 

6.767.00 

25.00 

10,250.00 

16.00 

.6,569.00 







Guard 























71,088.38 


65,865.51 


73,036.88 


76,288.06 

72,389.9b 
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CONTRACT 


cm PAID 

SUBJECT TO COUNCUMPTIC APPROVAL 

PRELIMINARY MEETING^_ 

RATIFICATION_ 


EIjib Agreement 

by and between --m 


made and entered into this. 


_day of 






-DAILEY ASPHALT PRODUCTS CO.. INCt- 

hereinafter called "Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1S05, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

prove Resolution No. *5720-1976: Foellinger Theater Parking Lot in Franke Park. 


by grading and paving the roadway to a width of XXXXXXXXXXXX with XYXXXKXXX XNXXXXXXXXX 

xxxmxmxxxxxmxxxxxxxxxmxxxxxxxxxxxmxxmxxxipacxxxxmxxmx xxxxxxxxxxxK 

upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and'to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution No._! 

At: the following prices: 


'Excavate, scarify, grade 
arid - compact sib grade 

Construction Engineering 


6" Water Macadam Base 
(Including weed killer) 

Double--Chip and Seal 

Casting adjusted to grade 

6" Hot Asphalt Base, #53B 

12" C.M.P. 

Hot Asphalt Surface 
Curbface Walk 

Curbface Walk 


Four thousand five hundred twenty dollars 4,520.00 
and no cents, Lump Sum 

Five hundred dollars and no cents, 500.00 

Lump Sum 

One dollar and seventy-five cents, 1.75 

per square yard 

One dollar and sixteen cents, 1.16 

per square yard 

Seventy-five dollars and no cents, 75-00 

Each 

Nineteen dollars and fifty cents, 19-50 

per ton 

Eight dollars and no cents, per lineal foot 8.00 

Twenty dollars and no cents, per ton 20.00 

One dollar and forty cents, per square " 1.40 

foot 

One dollar and forty cents, per square 1.40 

foot 


7 1 Precast Concrete 
Bumper Guards 


Twelve dollars and no cents, per each 


The Contractor will furnish immediately a certificate frcm the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March l4, 1929 , in accordance with Section 14 of the 
Compensation Act (Acts 1929j page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 

! ' i 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 























GUARANTY BOND 


%xram Ail btj tU! pat «prmnta. That we^zzz~T"iiTi"iTZzrT TT: " r~~ "Ti : . "" izzz. 

_DATIEY AS PHA LT COMPA NY. IHCt --- Contractors 


as principal, andrr-r*^.-r_r.r_-.----.-_.-„r__-..—..ZZ—r.Z—ZZ. „Z . -~ , ~ ... ... Z -——TZZ- Z — 

-ST. PAUL FIRE A ND MARINE INSURANCE COM PANY - : - ag surety 

are held and firmly bound to the City of Fort ‘Wayne, Indiana, in the sum of.JlIXlXriLDf K . THQtl S . AHP ? 
EGHT HUNDRED SIXTY-FIVE DOLLARS AND FI F TY-O R E CENTS--- 


- (^5.J65^5i) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said~ ~ ~7.—~,1 ~ T~. ZZ-T.Z." 


-DAILEY ASPHALT COMPANY, INC.- 


—day of_ 


y-/ 


___, enter into a contract with the City of Fort Wayne to X 

to Improve Foellinger Theater Parking Lot-2P^9emers't x; 


.jt'JllLL} 


-- - according to certain plans and specifications, and 

.for a period of three years 

also warranting and guaranteeing the work/materiafand condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said —". t ~ r . ~ n ~z"-~ . zz . t .Z - — zr ~ 


DAILEY ASPHALT COMPANY, INCORPORATED 


...shall faithfully perform and fulfill all the require- 


merits of said warranty and guaranty, and make all repairs required under said guarantee; gnd'in the/ 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 



YASTE. ZENT & RYE. INC. 


? ^- (SEAL) 

FiRE & MA.RZgyTNSURANCE CO. 

ISlJ ^ 

; torney-in-fact 


Approved this. 


/? _ 

/ .—y Boatd of Public Works. 



ff 

































































LIABILITY BOND 


Kmxsx All fag 5Tfjege presrata, That we -- 

-DAILEY ASPHALT COMPANY, INC.- 

as principal, and -ST. PAUL FIRE AND MAR INE I NSURANCE COMPANY- 


--~V4- 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the suro.o f ST&Ff-FIVE' 

> >•' ^W7j> 

THOUSAND,EIC -HT HUNDRED SIXTY-FIVE DOLLARS AND FIFTY-ONE CENTS-•-‘ ^ 

for the payment of which well and truly to be mad e we jointly and severally bind ourselves, our ( heirs, 
executors, administrators and assigns firmly by th ese presents. : ( ( \ v _\' y , 

! K o *\ * 

----- ( 1 ^ 865 / 5 ^) 

The conditions of the above obligation are such, that if the above named party of the first papt shall\/ 


AT 


faithfully comply with the foregoing contract made and entered into the_ 


day of---_-, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and conditions for the period of three.(3)years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void,' otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any way release the sureties on this bond. 





_//^/ _ 

/ Board of Public Works. 

COMPLETED IN STREET ENGINEERING DEPARTMENT 


JULY 26, 1976 





































TITLE OF ORDINANCE SPECIAL ORDINANCE - Contract of Dailey Asphalt Products Co., Inc. 


DEPARTFENT REQUESTING ORDINANCE board of public works __ 

. 

SYNOPSIS OF ORDINANCE Contract of Dailey Asphalt Products Co., Inc. in amount of 
$65,865.51 covers the construction of the Foellinger Theater Parking Lot in 
Franke Park and known as improvement Resolution 5720-1976. This waq rhpt 1nw nf 

■-.„^.iys.-r^£fei,3L^d-..XTAhiUn.A-kii3iL-at,ta.c.h£d) 

(SEE ATTACHED PRIOR APPROVAL) 


EFFECT OF PASSAGE Parking Lot construction as set out in Park Board Capital 
Improvements 


EFFECT OF NON-PASSAGE Prior Approval received 


MONEY INVOLVED (Direct costs. Expenditures, Savings) cost to Park Department from 

their approved Revenue Sharing is $65.865.51 


ASSIGNED TO CtWIITTEE 































